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November 10, 1914, 


“SS ee 


Eon. John A. Mead, 
Rr itland, Vermont. 


vy dear Covernor Mead; 


Il have not been altogether idie on 
the chapel matter althoush I nave not been abie 40 os 
“get to see. you, as 1 had hoped to do. Jd Had te be ee 

in Soston Saturday and had quite a talk with Mr. = rae 
Goliens. He finally agreed to take off $600 from — i 
his tigure for the architects’ comm i sS40n, brings 
ing that to 33200. ‘This would include four trins 
to ‘\iddlepury during the. erection of the building. 
if we did not need him th come that many times, 

we would save ©50 on each trip. On the other hand 
if we needed him more, he WouLs CHAT GS so0 per Urip, 
allen ees snl ace aye BESSA Gs: s ao nou vel leve 
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Ur. Kogers was here this aor ing aud. ve 

went over possible savings “ith Judge Veeks. — 

I think-we can find a way to make some reductions, 
Mr. Hogefts ig to give us a figure for dark marble 

din place of white from the grmnd to the top of ihe 
pase course.. JI think this would look just as weil 
and -~rould save us sone money. | a 


Ne. will also eive us &@ figure for omitting 
some of the exckvakion ant sh he ‘thinks unnec Seeeety: 
ve asked him sieo to find how much less. 
it would cost if we used rough random ashiar inst 
of finished marble. I should rather hate to de this 
but there may be no other way to get tne ou aan ng 
down to where we want it. . : 

| fiogers also offers to do the job-at ithe 
cost of materials and labor plus five percent, with 
Aa guesrantee that the cost will not exceed bre sum. 
named, %64,806. 1 think it would be wi ae when we 


